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Message Text 

UNCLASSIFIED 

PAGE 01 MOSCOW 18511 270938Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 CCO-OO OC-06 OCL-OO 
SY-05 /025 W 

014701 270946Z/23 

P R 270745Z DEC 77 
FM AMEMBASSY MOSCOW 
TO AMEMBASSY VIENNA PRIORITY 
INFO SECSTATE WASHDC 6009 

UNCLAS MOSCOW 18511 

FOR A/FBO AND VIENNA FROM FBO SUPERVISOR 

E.O. 11652: N/A 

TAGS: ABLD AFSP AFAC ASEC/NSY UR 

SUBJECT: EMBASSY RECONSTRUCTION, PROPERTY NO. L01001, VORLAUFER 

PLEASE PASS FOLLOWING TO CONTRACTOR VORLAUFER, 1180 WIEN, 

MARTINSTRASSE 86-88, TEL 43-23-33/43-75-572, QUOTE: 

A. THANKS FOR YOUR PROPOSALS WHICH I HAVE RECEIVED CONCERNING 
THE OUTSIDE WORK RELATED TO THE AIR-CONDITINING AND GEN- 
ERATOR FUEL STORAGE. DUE TO CLIMATIC CONSIDERATIONS, WE 
MUST DEFER THESE UNTIL NEXT APRIL. 

B. REGARDING OUR MORE IMMEDIATE NEEDS, PLEASE ORGANIZE FOR 
EARLIEST WORKERS IN MOSCOW TO COMMERCE FOLLOWING TASKS; 

1 . INSTALLATION OF 8TH FLOOR WINDOW FRAMES AND GLAZING. 

MATERIALS FOR THIS WORK ARE HERE AND READY FOR YOUR 
MEN, WE NEED TO GET THE AREA THERMALLY SECURE AS SOON 
AS POSSIBLE. 

2. ALSO YOU SHOULD NOW FINISH YOUR WORK IN THE GENERATOR 
ROOM SINCE MR. LANG WILL BE SHORTLY EXPECTED TO COM 
MENCE HIS WORK IN THAT AREA. 
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3. COMPLETE THE FINISH WORK IN THE APARTMENTS WHICH YOU 
HAD TO PREVIOUSLY DEFER BECAUSE OF THE WATER SATURATION. 

4. AND, OF COURSE, ORGANIZE AND BEGIN YOUR GENERAL WORK 
ON THE 8TH FLOOR. WE ARE NOT ENTIRELY READY FOR YOU TO 
START NOW, BUT BY THE TIME THAT YOU CAN ACCOMPLISH THE 
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WINDOWS, WE SHOULD BE READY. 

C. WE WISH TO FURTHER DISCUSS CONSIDERABLE ADDITIONAL WORK 
WHICH YOU MIGHT PERFORM, SO PLEASE ARRANGE YOUR FAR! .TEST 
VISIT AGAIN TO MOSCOW. 

UNQUOTE BALLARD. THANK YOU. 

TOON 

UNCLASSIFIED 
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